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Town of Arlington, Massachusetts 
730 Massachusetts Ave., Arlington, MA 02476 
Phone: 781-316-3000 

webmaster@town.arlington.ma.us 


6-5-2012 Agenda 

Town of Arlington 

Thompson School Building Committee 


Meeting Date: 

Tuesday, June 5, 2012 - 6:30 pm 
Location: 

Arlington Town Hall Annex - Second Floor Conference Room 


Agenda 


1. Construction Progress Update 

• Roof screen decision 

• Construction sign review 

• Design-related items 

2. CHPS status 

3. Library dedication 

4. Ground breaking status 

5. Approval of Invoices 

6. Approval of Minutes 

7. New Business 
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